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26 Sovember 15 5 U 

MEMDRAISiJM FOE i Deputy Director ( Administration) 

g©$SCTt South Building - improvements in Boons 235. 2h$, 

ZhS, and 2h7 


„ _^ e ??5 enc ® to prior discussions regarding improvements In 

Booms 215# 2h$ f 21*6# and 2k? j South Building # which are to be occupied by 
the Director, Deputy Director, and their secretaries, 

2, According to the Superintendent# PBS# State Group, it will cost 
sp proxies tely $27#1$0 to effect the Improvements listed below* 

a# Furr out walls and install white oak pane lin g as per the 
finished sample which is now in your possession, (Special efforts 
are being made to obtain a light colored hand-rubbed finish.) 

b. Provide a central air conditioning system for the four rooms, 

«, Provide hung c e il in g of 12” by 12" perforated acoustical tile, 

d. Provide convector type radiation in the Director's office. 


#. Provide adequate fluorescent illumination. Fixtures to be 
sert flush with finished ceiling. 

f. Provide electrical convenience outlets as required, 

3. The $2?,ii50 estimate is distributed by crafts as follows. This 
estimate includes costa of labor and material* 
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k* It is my understanding that the Deputy Director has stated that the 
«sst of paneling the four rooms may be excessive. He requested that an esti 
mate be obtained using acoustical finish on the walls. Public Buildings 
Service representatives estimate that it will cost approximately $5 #000 for 
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Beput 7 Director ( Admi ndstration) 


25X1 A9a 


treatment as opposed to the 16,700 for plywood paneling# Actually 
there i® a difference of only $1,700 if the plywood paneling is applied, plus 
the advantage of obtsL ning a finished product of which we can all be 



25X1A9a 


9 


of the Space, 

25X1A9a 


5. Daring his conversation with Hessrs 

a m y »».oT>yrir»« » .and Facilities Branch on Wediwad ay, 2b B ows; rabar. Hr. 

Indicated that fee room to be occupied by Hr. HI a» well as fee Director’s 
second office, should be finished in the same manner as Kooks 215, 2ft6, 

aad 21*7. An estimate ms requested for the two additional rooms and PBS ad* 
rised us this date that it would cost approximately $5,000. This cost is not 
I nclud ed In fee $27,500 mentioned in paragraphs 2, 3, end 6. 


6* A Job order in the amount of $2?,U50 was forwarded to the PBS Super- 
intendent on 16 Bowfcer 19$h, covering fee cost of inprowements in Eoou^ 215, 
2|£ # 2\i£ t and 2i*?« Steps are being taken by fee PBS State Group to Obtain 
necessary materials. 


UXgS A* GAKRISOB 
Chief of logistics 
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